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l8 September 1959 


MEMORANDUM FOR; Acting Chief, EFD-DP/P 

; cormaander’a Remarks (Detachment ’’B" ) 
REFERENCE ; CHAL- 0745 , dated 1? September 1959 

1. Action in connection with subject is as f oIIowb s 


A. Para l.b (1) 

Procurement of the necessary additional items to 
complete the J-75 QEC is in progress. Estimated 
completion date is not later than 1 November 1959- 

B. Pam l.b (2) 


25X1 A 


25X1 A 


25X1 A 
25X1 A 

25X1 A 


| is currently working on an improvement in 
the cooling of the Hydraulic Drive for the AC 
Generators. They are unable to guarantee, at this 
noint , a definite date at 'which time a fix will be 
forthcoming. With reluctance they established three 
veeks as a minimum possibility. In the interim it 
is recommended th at the cur rently installed AC systems 
not be used. The | J coollng and AC generator 

cooling problems are getting max effort at this time. 

Para l.c 

From the results so far obtained by the modified auto- 
pilot control in the J-75, it is apparent to.thls^ 

office and I [that the extension of this aadir — 

fication to all! | ls desirable, however, _____ 

is waiting I I return at i&ich time xm.s 

problem will be discus sea end a recommendation will be 
forthcoming. 
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